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3JECT    new  DUDLEY  STREET  PHASE  II 


The  attached  draft  report  on  New  Dudley  Streetr-ghsse~,,ILJi.a„s____ 
been  prepared  by  BRA  staff  for  consideration  by  interested 
parties,  with  the  hope  that  it  will  lead  to  agreement  on  a 
course  of  action  for  completion  of  street  work  and  adjacent 
land  uses. 

The  report  describes  two  alternative  street  layouts,  one  (A.) 
which  requires  prior  relocation  of  the  Post  Office  and  one  (B.) 
which  does  not.  All  things  considered,  we  suggest  that  B.  or 
a  variant  thereof  should  be  selected.   The  Post  Office  reloca- 
tion could  then  proceed  on  its  own  merit  and  schedule. 

This  draft  is  first  and  foremost  a  means  of  focussing  attention 
on  New  Dudley  II,  so  that  your  comments,  suggestions  and  dis- 
cussions may  be  incorporated  into  a  mutually  acceptable  proposal 
for  Urban  Systems  funding.   New  Dudley  II  has  lagged  too  long 
and  should  be  resolved  one  way  or  another  in  the  near  future. 
Your  response  at  this  time  is  essential  to  form  a  consensus. 

I  request  that  you  send  comments  to  Mr.  Leon  Jacklin  of  BRA 
Transportation  Planning  staff.  We  will  call  a  meeting  to  discuss 
the  project  in  the  near  future  after  you  have  had  the  opportunity 
to  assimilate  the  draft  report  and  form  some  opinions  on  its  con- 
tents . 

Your  participation  in  resolving  New  Dudley  issues  will  be  most 
appreciated. 
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I.   INTRODUCTION  AND  SUMMARY 

The  purpose  of  this  report  is  to  document  the  need  for  the 
completion  of  New  Dudley  Phase  II,  the  planned  final  link  of  New 
Dudley  Street  in  Roxbury,  to  set  forth  two  alternative  functional 
designs  and  to  clarify  their  relationships  to  land  use  issues.   A 
further  intent  is  to  help  establish  the  project  as  a  federal/state 
Urban  Systems  funded  improvement. 

New  Dudley  Street,  extending  from  Columbus  Avenue  to  Washing- 
ton Street,  was  formulated  as  a  four-lane  major  street  element  in 
the  Campus  High  Urban  Renewal  Project  and  Model  Cities  Area  of 
Roxbury  (See  Figure  1 -Location  Plan) .   The  new  street  was  planned 
to  serve  the  interests  of  street  safety,  efficiency  land  use  re- 
quirements and  environmental  concerns,  as  follows: 

1.  To  provide  the  major  means  of  access  to  the  new 
Madison  Park  High  School  and  the  Occupational  Resource 
Center . 

2.  To  frame  out  redevelopment  areas,  providing  a 
replacement  for  streets  being  discontinued. 

3.  To  provide  a  good  link  between  the  Dudley  Terminal 
area  and  the  Southwest  Corridor. 

4.  To  relieve  the  John  Eliot  Square  area  of  extraneous 
through-traffic . 

New  Dudley  Phase  I  from  Tremont  Street  to  Roxbury  Street  has 
been  constructed,  as  have  improvements  to  Dudley  Terminal  area 
streets,  including  Dudley  and  Warren.   New  Dudley  Phase  II,  from 
Roxbury  Street  to  Washington  Street  is  necessary  to  fill  the  gap 
between  Phase  I  and  the  Terminal.   Presently  the  link  is  only  one- 
way westbound  via  Roxbury  Street,  with  the  eastbound  connection 
occuring  via  the  awkward  Putnam/ (old)  Dudley  Street  route. 

This  report  describes  two  alignments.   Alternative  "A" 
requires  the  acquisition  of  the  Post  Office  (see  Figure  5) , 
forming  a  direct  two-way  connection  between  existing  New  Dudley 
I  and  Dudley  Square.   Alternative  "B"  allows  the  Post  Office  to 
remain  (see  Figure  6)  as  a  one-way  pattern  around  the  Post  Office 
to  Washington  Street  via  a  new  connection  to  old  Dudley.   Two 
major  conditions  must  be  met  to  realize  New  Dudley  II: 

1.  Acquisition,  relocation  and  demolition  of  remaining 
necessary  properties.   In  Alternative  "A",  the  reloca- 
tion of  the  Post  Office  becomes  a  very  large  concern. 

2.  Funding.   This  report  proposes  that  both  remaining 
property  costs  and  construction  be  funded  by  state/ 
federal  Urban  Systems  funds.   The  total  estimated  costs 
for  Alternative  "A"  are  $2,807,955  and  for  Alternative 
"B"  are  $2,335,650,  allowing  15%  for  contingencies. 
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This  report  favors  Alternative  "B"  for  implementation  (see 
Figure  6) .   Page  8  outlines  the  considerations  leading  to  this 
conclusion,  chiefly  the  ability  to  build  the  street  project 
apart  from  the  need  to  relocate  the  Post  Office.   It  also  affords 
the  Postal  Service  the  opportunity  to  plan  its  future  facilities 
without  being  forced  into  possible  temporary  quarters. 

Under  optimum  circumstances,  construction  of  New  Dudley  II 
could  not  be  completed  until  1980,  even  though  the  operation  of 
the  Madison  Park  High  School,  the  proposed  Occupational  Resource 
Center  and  other  land  uses  would  indicate  that  the  link  is  ex- 
tremely overdue.   It  is  hoped  that  this  report  may  serve  as  an 
impetus  to  bring  about  the  necessary  agreements  for  both  the 
land  use  and  street  improvement  aspects  for  the  area. 
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II.   PROJECT  BACKGROUND 

New  Dudley  Street  is  part  of  the  street  network  planned  as 
part  of  the  Campus  High  Urban  Renewal  Project  and  Model  Cities 
Program  in  Roxbury.   It  extends  from  Columbus  Avenue  on  the  west 
to  Washington  Street  and  Dudley  Terminal  to  the  east  providing  a 
replacement  for  existing  or  discontinued  streets,  including 
Dudley  Street  and  Roxbury  Street.   It  also  frames  out  planned 
development  areas  and  serves  as  a  major  street  link  between  the 
Southwest  Corridor  and  the  Dudley  Terminal  area  and  other  parts 
of  Roxbury  and  North  Dorchester.   The  project  area  is  shown  in 
Figure  1  Location  Map. 

Federal/state  Urban  Systems  funds  have  provided  for  the 
partial  implementation  of  New  Dudley  Street  and  related  improve- 
ments.  At  a  construction  cost  of  $1  million,  New  Dudley  Phase  I 
from  Columbus  Avenue  to  Roxbury  Street  was  constructed  in  1973. 
It  is  a  60-foot  wide  roadway  providing  for  four  moving  lanes  and 
two  parking  or  curb  service  lanes,  with  a  length  of  approximately 
2100  feet.   Improvements  to  streets  near  Dudley  Terminal  are  in 
the  last  stages  of  completion  at  a  cost  of  approximately  $2.2 
million.   This  work  provides  physical  construction  predominantly 
on  Dudley  Street  between  Washington  and  Harrison  and  Warren  Street 
from  Dudley  to  Walnut,  coupled  with  circulation  changes  and  street 
lighting  in  a  wider  area. 

New  Dudley  Phase  II  represents  the  missing  link  of  approxi- 
mately 1000  feet  between  New  Dudley  I  and  Dudley  Terminal.   The 
delay  in  its  realization  has  been  caused  by  funding  uncertainties, 
questions  of  the  project's  relation  to  uncertain  future  land  uses, 
and  lack  of  agreement  on  the  scale  and  shape  of  the  design  itself. 
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III.   EXISTING  CONDITIONS  AND  PROSPECTS 

The  area  of  New  Dudley  II  is  at  present  in  a  state  of 
transition  in  several  respects.   Not  only  is  the  street  network 
incomplete,  but  new  land  use  plans,  primarily  for  schools  and 
housing,  have  yet  to  be  fully  realized.   In  addition,  vacant  and 
underutilized  properties  exist  in  the  commercial  activities  of 
Dudley  Terminal  and  in  the  residential  area  of  Highland  Park  to 
the  south.   In  traffic  terms,  the  existing  underutilization 
presents  opportunities  for  new  development  and  renewal  of  existing 
premises,  leading  to  a  probable  growth  in  street  use  in  the  future. 

Circulation  Pattern   (See  Figure  2  -  Existing  Conditions) 

The  missing  link  of  New  Dudley  II  does  not  allow  a  direct 
two-way  traffic  connection  via  New  Dudley  between  Columbus  Avenue 
and  the  Terminal.   The  link  in  question  is  now  served  by  a  one-way 
westbound  section  of  Roxbury  Street  between  Washington  Street  and 
New  Dudley  I.   This  creates  the  following  undesirable  circumstances: 

1.  Eastbound  traffic  on  New  Dudley  I  must  travel  the 
awkward  route  in  the  John  Eliot  Square  area  via 
Roxbury,  Putnam  and  Dudley  Street  to  get  to  Washing- 
ton Street. 

2.  The  existing  poor  connection  encourages  the  use  of 
residential  streets  in  Highland  Park  for  "crosstown" 
movements . 

3.  The  incomplete  street  prevents  a  resolution  of  proposed 
circulation  changes  in  the  Eliot  Square  area,  including 
the  closure  of  Roxbury  Street  at  Columbus  Avenue  and 
the  more  local  use  of  (old)  Dudley  Street. 

Traffic  Volumes 

The  level  of  traffic  on  existing  major  streets  in  the  New 
Dudley  area  is  shown  in  a  flow  map  (Figure  3) .   As  can  be  seen, 
indicated  average  daily  traffic  volumes  range  from  a  high  of  24,000 
vehicles  on  Columbus  Avenue  and  a  low  of  2000  on  Bartlett  and  St. 
James  Streets.   The  combined  existing  volume  in  the  New  Dudley 
corridor  is  about  15,000.   Streets  not  showing  a  flow  band  are  more 
local  in  nature  and  generally  experience  volumes  less  than  2000 
vehicles  per  day. 

Unsatisfactory  traffic  conditions  exist  at  a  number  of  loca- 
tions in  the  area.   Capacity  limitations  are  in  the  main  evident 
in  streets  adjacent  to  Dudley  Terminal  and  are  caused  primarily 
by  poor  parking  practices  —  double  parking,  parking  in  illegal 
curbs ide  spaces,  etc.   Although  congestion  is  not  at  present 
primarily  caused  by  physical  width  limitations,  the  circulation 
pattern  results  in  the  prebloms  already  cited  and,  in  land  use  issues 
set  forth  as  follows. 
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Land  Use 

The  existing  unresolved  portion  of  New  Dudley  contributes 
to  a  degradation  of  land  uses  in  the  area  (See  Figure  2) . 
Currently  2  buildings  in  this  block  are  vacant,  4  have  been 
demolished  in  the  last  year  or  so,  and  up  to  6  buildings  must  be 
demolished  for  New  Dudley  II.   Renewal  or  development  plans  in 
this  and  adjacent  areas  cannot  logically  proceed  until  the  street 
plans  are  finalized  and  programmed. 

One  of  the  major  land  use  issues  related  to  the  project  has 
been  the  future  of  the  Dudley  Station  Post  Office  existing  on 
Roxbury  Street.   New  Dudley  II  (Alternate  A)  (Figure  5)  requires 
acquisition  and  demolition  of  the  Post  Office  building.   The 
facility  is  considered  a  community  focal  point  which  must  be  re- 
tained in  the  immediate  vicinity.   Plans  for  its  relocation  are 
therefore  being  closely  linked  to  the  development  of  New  Dudley  II. 
One  site  being  considered  is  the  BRA-owned  vacant  parcel  (121,848 
square  feet±)  at  the  northwest  corner  of  Shawmut  Avenue  and 
existing  Roxbury  Street,  which  is  currently  being  used  as  a 
temporary  parking  lot.   Another  possibility  is  a  location  within 
the  block  bounded  by  Roxbury  Street,  Putnam  Street,  Dudley  Street 
and  Guild  Row. 

Other  land  use  plans  are  in  various  stages  of  development. 
Madison  Park  High  School  (Campus  High) ,  in  the  final  stages  of 
construction,  was  opened  to  students  in  September  1977.   The 
proposed  Occupational  Resource  Center  at  the  corner  of  New  Dudley 
and  Tremont  Street  is  now  under  construction  with  an  opening 
scheduled  for  1979.   The  high  school  enrollment  is  estimated  at 
2500  students  with  an  additional  1800  expected  at  the  Occupational 
Resource  Center. 

According  to  the  original  concept  the  majority  of  the  students' 
transportation  needs  would  be  accommodated  by  the  Orange  Line  and 
Dudley  Station,  with  New  Dudley  as  a  legible  pedestrian  connection. 
Recent  policies  formulated  by  the  MBTA  and  the  School  Department, 
however,  have  dictated  that  school  buses  will  be  used  as  the  primary 
transportation  mode.   On-site  bus  loading  will  be  included  in 
Phase  I  of  the  high  school  construction  to  handle  these  buses.   The 
projected  enrollment  of  the  high  school  could  require  as  many  as  50 
buses  which  would  seriously  impact  traffic  in  the  area  if  all 
students  arrived  or  left  during  the  same  half-hour  period.   Simi- 
larly, the  added  faculty,  staff  and  service  vehicles  will  produce 
additional  traffic  and  curb  parking  demands. 

Given  the  current  congested  street  network,  the  need  for 
completion  of  New  Dudley  to  meet  these  and  other  demands  is  clear. 
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A  third  land  use  consideration  is  the  future  of  the  Dudley 
Terminal  area.   The  recent  improvements  to  the  streets  surrounding 
the  area  have  had  the  aim  of  improving  the  environment  of  this 
important  commercial  district.   New  Dudley  II  represents  the  final 
link  in  a  street  arrangement  planned  to  enhance  opportunities  for 
new  development,  to  alleviate  congestion  in  Dudley  Square  itself 
and  to  revitalize  -f-he  area  as  a  major  community  center. 

Finally,  263  housing  units  have  been  completed,  120  units  are 
under  construction,  and  30  buildings  with  115  dwelling  units  and 
7500  square  feet  of  commercial  space  are  being  rehabilitated  in  the 
Campus  High  School,  John  Eliot  Square  area.   Future  plans  call  for 
175-200  additional  housing  units.   This  increase  in  residential 
population  is  one  more  impetus  for  completing  a  logical  street 
system  which  will  protect  local  streets  from  through-traffic. 
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IV.   PROPOSED  IMPROVEMENTS 

To  complete  the  street  system  and  to  help  resolve  the  land 
use  and  development  issues  in  the  Campus  High  Urban  Renewal  Pro- 
ject, a  rather  well-defined  and  straight-forward  improvement 
project  is  necessary.   An  indication  of  future  levels  of  traffic  (in 
1-985)  is  presented  in  Figure  4.   Two  alternate  schemes  for  the  proposec 
improvements  have  been  developed  by  BRA,  as  described  below: 
Alternate  A  (See  Figure  5) 

Alternate  A  is  basically  a  four-lane  reconstruction 
of  Roxbury  Street  in  the  1000-foot  gap  between  New  Dudley  Phase  I 
and  Dudley  Square.   This  alignment  represents  a  scaled- 
down  version  of  the  scheme  proposed  in  the  urban  renewal  plan.   The 
typical  section  would  consist  of  four  11-foot  travel  lanes,  two  8- 
foot  parking  lanes,  two  9- foot  sidewalks  and  a  6-foot  median  along 
the  center line  for  a  total  right-of-way  width  of  84  feet.   The 
overall  location,  dimensions  .and  alignment  of  this  middle  portion 
of  the  street  have  been  determined  by  the  configuration  of  its 
two  ends :   New  Dudley  I  to  the  west  and  Dudley  Square  to  the 
east. 


Supplementing  the  basic  four-lane  link  is  a  "diagonal  connector" 
from  the  new  street  to  Washington  Street.   The  purposes  of 
this  300-foot  section  of  roadway  are  to  provide  traffic  with  a 
bypass  of  capacity-deficient  Dudley  Square  and  to  allow  for 
circulation  to  and  from  Old  Dudley  Street. 

The  alignment  for  this  connector  has  also  been  scaled-down 
from  the  urban  renewal  plan  scheme  and  revised  to  provide  for  better 
intersecting  geometry  with  Washington  Street  and  to  avoid  the 
columns  supporting  the  overhead  transit  system  (which  will  remain 
for  several  years).     The  typical  section  is  two  11-foot  travel 
lanes,  two  10-foot  parking  lanes  and  two  9-foot  sidewalks  for  a 
total  right-of-way  width  of  60  feet. 

Property  Acquisition  -  Alternate  A 

All  needed  parcels  on  the  north  side  of  the  proposed  New  Dudley 
II  have  been  acquired  by  the  BRA  for  new  designated  land  uses,  in- 
cluding the  construction  of  the  high  school.   Of  the  total  of  18 
parcels  required  on  the  south  side,  8  have  been  acquired  by  the  BRA, 
at  a  cost  of  $159,200.   (See  Appendix  D) 

Ten  parcels  on  the  south  side  of  the  proposed  street  remain 
to  be  acquired  at  an  estimated  cost  of  $1,081,700  for  relocation, 
acquisition  and  demolition,  including  the  Roxbury  Station  Post 
Office. 
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Alternate  B   (See  Figure  6) 

Alternate  B  carries  eastbound  New  Dudley  traffic  on  a 
proposed  new  one-way  roadway  running  to  the  south  and  west 
of  the  Post  Office  and  Girls  Club,  and  serves  westbound  traffic 
on  the  route  of  existing  Roxbury  Street,  creating  a  one-way  pair 
of  streets  between  New  Dudley  I  and  Washington  Street.   Shawmut 
Avenue  must  circulate  to  the  new  eastbound  roadway  in  a  rotary 
fashion.   This  represents  a  longer  travel  distance  for  Shawmut 
traffic  than  a  direct  connection,  but  is  a  vast  improvement  over 
the  existing  (legal)  routing  via  Roxbury  Street  and  Putnam  Street 
to  Old  Dudley. 

These  changes  establish  a  different  land  parcelization  and 
street  pattern  which  allows  the  project  to  be  built  without  re- 
quiring relocation  of  the  Post  Office,  provides  a  less  isolated 
setting  for  the  Bartlett  Building,  and  consists  of  narrower  roadways 
albeit  more  of  them.   The  one-way  roadways  of  this  alternative  are 
proposed  with  two  11-foot  moving  lanes  and  two  8-foot  curb  service 
lanes  for  a  curb-to-curb  width  of  38  feet. 

Property  Acquisition  -  Alternate  b 

As  in  Alternate  A,  all  needed  parcels  on  the  north  side  of 
Roxbury  Street  have  been  acquired  by  the  BRA.   In  this  Alternate, 
only  9  parcels  are  required  on  the  south  side,  4  of  which  have 
been  acquired  by  the  BRA  at  a  cost  of  $76,000  (see  Appendix  D) . 
The  estimated  costs  of  acquiring,  relocating  and  demolishing  the 
remaining  properties  is  $354,000. 

Recommendation 

The  major  factor  in  making  the  decision  between  Alternate 
"A"  or  Alternate  "B "  is  whether  to  demolish  and  relocate  the 
Post  Office.   Alternate  "A"  requires  the  relocation  and  Alter- 
nate "B"  does  not.   This  leads  to  a  recommendation  for  Alternate 
"B"  in  view  of  the  following  considerations: 


1)   In  Alternative  "A"  the  Post  Office  Building  must  be 
acquired,  the  facility  moved  to  a  temporary  location, 
and  the  structure  demolished.   This  process  would 
involve  a  considerable  amount  of  time  and  uncertainty. 
In  addition,  the  postal  service  does  not  have  firm  plans 
for  building  a  new  facility  within  the  project  area. 
On  these  grounds,  Alternative  "A"  does  not  seem  practical 
for  implementation  at  this  time. 
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2)  Alternative  "B"  allows  the  Post  Office  additional  time 
to  plan  a  new  postal  facility  either  on  the  same  site  or 
a  different  site  within  the  immediate  Roxbury  area. 

3)  Alternative  "B "  has  possibly  better  potential  for  the 
commercial  revitalization  of  the  area  because  it  does 
not  concentrate  the  facility  into  one  large  two-way 
roadway.   In  particular,  it  provides  better  for  the 
environs  of  the  Bartlett  Building. 

4)  Further  advantages  are  that  costs  of  acquisition, 
demolition  and  relocation  are  reduced. 

It  should  be  pointed  out,  however,  that  if  Alternate  B  is 
chosen,  the  Post  Office  Building  cannot  be  acquired,  demolished 
and  relocated  with  Urban  Systems  Funds.   Nevertheless,  selection 
of  Alternative  "B"  represents  in  sum  the  most  prudent  course  of 
action  if  the  street  improvements  are  to  be  realized. 


■  V.   ESTIMATED  COSTS  AND  PROGRAMING 

The  estimated  costs  presented  below,  including  those  for 
land  acquisition,  are  recommended  for  funding  under  the  Federal/ 
State  Urban  Systems  program.   To  this  end,  the  project  must  be 
confirmed  as  a  high  priority  item  among  city  street  improvement 
proposals . 

Engineering  work  for  construction  documents,  estimated  at 
about  $150,000,  may  be  paid  by  the  Urban  Systems  program,  or, 
if  fund  availability  permits,  by  the  Campus  High  School  Urban 
Renewal  project. 
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Cost  Estimate  _  Alternate  A 

The  proposed  improvements  necessary  to  complete  Alternate  A 
may  be  broken  down  into  a  number  of  elements,  with  related  cost 
estimates  as  follows : 


I.   Construction 


Bit.  Cone.  Pavement 

Gravel  Borrow 

Granite  Curbing 

Con c .  Si dewa Iks 

Street  Lighting 

Sewer,  Drain  and  Water 

Traffic  Signals  and  Markings 

Landscaping 

M.B.T.A.  Conduit  and  M.H. 

Earthwork 

Miscellaneous 


144,000 

46,000 

57,000 

59,000 

131,000 

401,000 

171,000 

60,000 

53,000 

168,000 

70,000 


Construction  Subtotal 


$1,360,000 


IS.   Property 

(See  Appendix  A)  Acquisition  $   507,000 

(See  Appendix  B)  Relocation  452,500 

(See  Appendix  C)  Demolition  122,200 


III.   Contingencies 

15%  of  I  +  II 


Property  Subtotal 

Construction  Subtotal 

I  +  II     Total 


Total 


$1,081,700 
$1,360,000 
$2,441,700 

$   366,255 

$2,807,955 
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Cost  Estimate 
Alternate  B 


The  proposed  improvements  necessary  to  complete  New  Dudley 
Street  for  Alternate  B  may  be  broken  down  as  follows : 


I.   Construction 

Bit.  Concrete  Pavement 

Gravel  Borrow 

Granite  Curbing 

Concrete  Sidewalks 

Street  Lighting 

Sewer,  Drains  and  Water 

Traffic  Signals  and  Markings 

Landscaping 

MBTA  Conduit  and  MH 

Earthwork 

Miscellaneous 


144,000 

50,000 

88,000 

90,000 

197,000 

502,000 

171,000 

100,000 

60,000 

175,000 

100,000 


$1,677,000 


II.   Property 


(See  Appendix  A)  Acquisition 
(See  Appendix  B)  Relocation 
(See  Appendix  C)  Demolition 

Property  Subtotal 
Construction  Subtotal 

I  +  II  Total 


177,000 

165,000 

12,000 


$   354,000 
1,677,000 

$2,031,000 


III.   Contingencies 

15%  of  I  +  II 


$   304,650 


TOTAL 


$2,335,650 
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Project  Programming  and  Post  Office  Relocation  ! 

Assuming  immediate  endorsement  of  one  of  the  Alternate 
concepts  and  recommended  funding,  engineering  work  could  proceed. 
As  soon  as  firm  funding  commitments  are  made,  property  acquisition, 
relocation  and  demolition  should  be  carried  forward.   Although 
construction  drawings  for  either  Alternate  could  be  ready  by  the 
summer  of  1978,  there  is  severe  doubt  as  to  whether  the  Post  Office 
relocation  crucial  for  implementation  of  Alternate  A  could  be 
accomplished  by  then. 

There  are  two  possible  courses  of  action  regarding  the  Post 
Office  if  Alternate  A  is  selected.   If  some  suitable  temporary 
quarters  for  the  Post  Office  could  be  found,  street  construction 
could  proceed  by  the  end  of  1978.   If  not,  the  new  Post  Office, 
or  a  major  usable  part  of  it  would  have  to  be  built.   Unless  ex- 
traordinary measures  were  taken,  this  could  defer  the  start  of  street 
work  until  1980  or  beyond.   There  seems  to  be  no  practical  way  or 
reason  to  partially  build  New  Dudley  II  Alternate  A  with  the 
existing  Post  Office  in  operation. 

If  Alternate  A  is  chosen,  the  crucial  matter  of  Post  Office 
relocation  must  be  resolved  forthwith.   Land  assembly,  community 
involvement  and  firm  postal  service  plans  must  be  worked  out, 
proceeding  from  the  many  discussions  that  have  already  been  held 
on  the  subject. 

Alternate  B  allows  street  construction  work  to  proceed  with- 
out relocation  of  the  Post  Office  and  demolition  of  the  building 
which  houses  it.   This  of  course  does  not  of  itself  preclude 
relocation  of  the  Post  Office  for  other  reasons  at  any  time,  although 
a  degree  of  urgency  would  be  lost  for  those  desiring  a  new  Post 
Office  in  the  area.   This  Alternate  thus  allows  start  of  construc- 
tion work  as  soon  as  detailed  design  is  accomplished. 

In  sum,  if  construction  can  begin  before  1979,  assuming  early 
agreement  on  the  course  of  action,  the  project  could  not  be  fully 
completed  until  1981,  given  usual  project  development  times. 
These  dates  can  only  be  accelerated  by  extraordinary  effort  and 
resolve,  and  only  if  the  Post  Office  relocation  issue  is  either 
eliminated  or  very  quickly  dealt  with. 


APPENDIX  A 
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Properties   Remaining   to   be   Acquired 


Alternate  A 

Block/Parcel 

Address 

62  -  3 

2385-2393  Washington  Street 

10  Guild  Row 

107  -  16A 

(rear)  80  Dudley  Street 

-  17 

90  Dudley  Street 

44-50  Roxbury  Street 

-  18 

100-102  Dudley  Street 

-  20 

27  Guild  Row 

24-40  Roxbury  Street 

-  21 

54-58  Roxbury  Street 

-  22 

72-74  Roxbury  Street 

131  -  12  -  13 

2407  Washington  Street 

131  -  15 

95-97  Dudley  Street 

-  16 

83-93  Dudley  Street 

ESTIMATED    TOTAL  $507,000 


-  14  - 

APPENDIX  A 

Properties  Remaining  to  be  Acquired 
Alternate  B 


Block/Parcel  Address 


107 

15 

107 

- 

16A 

Part 

131 

- 

12 

- 

13 

- 

16 

- 

17 

Dudley  Street 
80  Dudley  Street 
2407  Washington  Street 
2407  Washington  Street 
83-93  Dudley  Street 
89-91  Dudley  Street 


ESTIMATED  TOTAL  $177,000± 
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APPENDIX  B 


Businesses  to  be  Relocated 


Block/Parcel 


62-3 


107 


Alternate  A 


Address 


2385  Washington  Street 
2391  Washington  Street 
14  Guild  Row 

44  Roxbury  Street 
100  Dudley  Street 
102  Dudley  Street 


Name  of  Business 
Drains  House  of  Styles 
E.  J.  Bruce  Insurance 
Silver  Slipper  Lunch 

U.  S.  Post  Office 
Faith  Haven  Church 
Ralco  DeCalco  Company 


27  Guild  Row 
23  Guild  Row 
21  Guild  Row 


American  Oil 

Int.  Volunteer  Church 

Shoe  Outlet 


104  Dudley  Street 
108  Dudley  Street 

72  Roxbury  Street 


Bury  Upholstery 
Goldstein  &  Goldstein 

Auto  Repair 


131 


2407  Washington  Street    Circle  Supply 


ESTIMATED  TOTAL 


$452,500 
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APPENDIX  B 


Businesses  to  be  Relocated 


Alternate  B 


Block/Parcel         Address  Name  of  Business 

131         2407  Washington  St.      Circle  Supply 

Residential  Properties 
107  -  15        Dudley  Street 


ESTIMATED  TOTAL  $165,000 
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Buildings  to  be  Demolished 

Alternate  A 
Block/Parcel  Address 

62-3  Guild  Row  -  Washington  Street 

107  -  22  72  Roxbury  Street 

-  21  54  Roxbury  Street  (vacant) 

-  20  40  Roxbury  Street 

-  19  Guild  Row  -  Dudley  Street 

-  18  100-102  Dudley  Street 

-  17  44  Roxbury  Street 

131  -  12  -  13        2407  Washington  Street 

Estimated  Demolition  Cost   $122,200 
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APPENDIX  C 


Buildings  to  be  Demolished 
Alternate  B 


Block/Parcel  Address 

131  -  12-13  2407  Washington  Street 

107  -  15  Dudley  Street 


Estimated   $12,000 
Demolition 
Cost 
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Properties  owned  by  BRA  ( (Required  by  Alt .  A) 

Block/Parcel  Address 

107  -  19  104-112  Dudley  Street 
21-23  Guild  Row 

-  23  3  Perkins  Place 

-  24  78-82  Roxbury  Street* 

-  25  90  Roxbury  Street* 

-  26  98-100  Roxbury  Street* 

-  27  104  Roxbury  Street* 

-  28  106  Roxbury  Street 

-  29  116-118  Roxbury  Street 

TOTAL      $159,200 


♦Required  by  Alternate  B,  totalling  $76,000 
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